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8 February 195^ 


25X1A 


Sear Sirs 

Stfij-^sontreetor** proposal fear duet l inin g for the t^^ yt 
project, sifooitted by your letter of 23 Deceatoer 19$» f by been 
reviewed and the naterial quantitiee and coats ere mtis+mtary . 
However, the it« for hour® of labor is iteoat twice the ties 
normally required for such work and a reduction of toe labor 
charge is in order. 

The its® of 10$ «4fted to Ufeor costs ia normally covered 
in the overhead charge. If the overbeed *f 13$ dQ *f 

not include the insurance end tax items, an itemised breakdown 
of the overhead item mat be submitted to substantiate the 
charge. 

The question of the i ncl us ion of a mine tax cm aeterlals 
purchased for Qovenswmt use has been previously reteeA and the 
matter ia still pending* 

Since the duet lining is desired* yem sre herewith directed 
to p roce e d with the work as outlined ia the proposal# a fair 
price for the work to be the evfejeot of future negotiation. 

Very truly yours* 



25X1A 

Contracting Officer 

RE/atd/ J m (8 Feb. 195*0 
Distribution: 

25X1 A 
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